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1. CONVERSATION WITH BOTH G.E. AND EULLER DISCLOSE G.E. 

RECEIVED LETTER OE INTENT IN MID DEC. 1973 AND ORDER IN JAN. 

1974, BUT DELIVERY BASED ON ENGINEERING APPROVAL. SAID RELEASE 
REQUIRED DRAWINGS FRO APPROVAL TO BE SUBMITTED WHICH ADDED 8 
WEEKS TO SCHEDULE. SAID APPROVAL REQUIRED FIRST BE MADE BY 
FULLER THEN BY TONG YANG AND THEN RETURNED TO 

G.E. AND THEN PRODUCTION PROMISE TIME WOULD BEGIN. 

2. AS OE PRESENT G.E. AHEAD OF PROMISE SCHEDULE 

BASED EROM DATE OE EINAL RELEASE. RELEASE GIVEN TO G.E. AT 
MEETING OF JULY AT FULLER. UNDERSTAND ORIGINAL PROMISE BY 
FULLER WAS 12 MONTH FROM DATE OF LETTER OF CREDIT OR APPROVED 
DRAWINGS. LETTER OF CREDIT WAS JANUARY 1974 AND FINAL APPROVAL 
OF DRAWING JULY 1974. 
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3. MR. LEE, MANAGING DIRECTOR OE TONG YANG, VISITED FULLER 
THIS WEEK. G.E. ALSO MET WITH EULLER, BUT DID NOT MEET MR. 
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LEE. 

4. G.E. STATES THEY WERE NOT AWARE OF ANY COMMITMENT 
OR PROMISE MADE BY FULLER ON THIS PROJECT. G.E. WERE 
WILLING TO MEET WITH MR. LEE, BUT FULLER DID NOT ARRANGE. 

5. MR. LEE LEAVING FULLER OCTOBER 10. FULLER AND G.E. 

ARE SENDING JOINT PERSONNEL IN APPROXIMATELY WEEK TO 
PROJECT SITE TO SEE SCHEDULE AND WHERE THEY CAN ASSIST 
WITH INFORMATION OF WORK THAT CAN BE DONE PREPARATORY TO 
RECEIVING FINAL ELECTRICAL COMPONENTS. THIS WILL REDUCE TIME 
AT FINAL INSTALLATION AT START UP. 

6. FULLER ADVISES THEY WILL BE SHIPPING THEIR 

MECHANICAL EQUIPMENT BY END OF 74, WHERE ELECTRICAL STARTERS 
CUSTOM BUILT TO SPECIFIC MOTOR REQUIREMENT, WILL BE SHIPPED 
AS COMPLETED AFTER END OF 74 TO JULY 75. 

7. OUR BELIEF THAT G.E. IS DOING ALL POSSIBLE TO MEET 
THEIR PROMISES TO FULLER, BUT CAN BE MISINTERPRETED AS TO 
WHAT STARTING DATE. WE WILL CONTINUE FOLLOWING UP WITH 
G.E. AND ASSISTING FULLER. 

8. CONVERSATIONS HELD WITH MR. HOLT STEELE, V.P. 

INTERNATIONAL AND MR. RALPH COLBY BOTH IN NEW YORK OFFICE 
OF G.E. AND MR. WALTER HORNER, PRESIDENT OF FULLER AND 

MR. BOB JOHNSON, INTERNATIONAL PRODUCT MANAGER OF FULLER. 

9. IT WAS SUGGESTED TO FULLER THAT WITH CONTINUED COMMUNICA- 
TIONS WITH G.E., WE ARE SURE THEY WOULD DO THEIR BEST TO 
IMPROVE. LESS CRITICAL APPROACH TOWARD G.E. IN PRESENCE 

OF CUSTOMERS WOULD BE ADVISABLE IN ORDER TO 
REFLECT CREDIT ON BOTH FULLER AND G.E. BOTH FIRMS 
WILL ADVISE OUTCOME OF PERSONNEL TRIP TO KOREA AND WE WILL 
INFORM EMBASSY. INGERSOLL 


LIMITED OFFICIAL USE 


NNN 


Deciassified/Reieased US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 10 OCT 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: shawdg 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1 974STATE223879 
Document Source: CORE 
Document Unique ID: 00 

Drafter: COM/OED/OBOD/OPS/BLWHIPPLE:GMP 
Enclosure: n/a 
Executive Order: N/A 
Errors: N/A 

Film Number: D740289-0475 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19741055/aaaabuvq.tel 

Line Count: 96 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ORIGIN COME 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: LIMITED OFFICIAL USE 

Previous Handling Restrictions: n/a 

Reference: SEOUL 6600 

Review Action: RELEASED, APPROVED 

Review Authority: shawdg 

Review Comment: n/a 

Review Content Flags: 

Review Date: 1 6 JUL 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <16 JUL 2002 by kelleyw0>; APPROVED <13 MAR 2003 by shawdg> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: PRODUCT OPPORTUNITY: EXPANSION PROJECT OF TONG YANG CEMENT CO. 
TAGS: BEXP, KS 
To: SEOUL 
Type: TE 

Markings: Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



